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BILL NO. S-84-08-/ 

SPECIAL ORDINANCE NO. S- 25- PA 

AN ORDINANCE approving Change Order 
No. 1 (FINAL) on Res. #1030-83, Morrell 
Drive Water Main Extension, with All 
Star Construction Company, in connec¬ 
tion with the Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 (FINAL) on Res. 
#1030-83, Morrell Drive Water Main Extension, with All Star Con¬ 
struction Company, in connection with the Board of Works, for: 


Change Order #1 (FINAL) Morrell Drive 
Water Main, Res. #1030-83 is necessary 
because Item 1 is decreased so as not 
to cross I & M easement. Item 4 in¬ 
creased to reflect additional parking 
area. Item 5 decreased as to reflect 
location of existing main tied into. 

Item 6 decreased which reflects changes 
in items 1, 4 & 5; 

involving a total cost of Five Hundred Sixty-Three and 90/100 

Dollars ($563.90), all as more particularly set forth in the 


specifications, and which is on file with the Office of the Board 
of Public Works, and is by reference incorporated herein, made a 
part hereof and is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 












Read the^first time in full and on motion by_ -? _, 

seconded by ^ / and dulv-, adopted, read 'the sepqnd time 

by title and referred 4zo the Committee_ Cg-d // „ (apd the City 

Plan Commission for recommendation) and Publi-cr / Hedring-tcr^e3'sJla after 
due legal notice, at the CounciT Chambers, City-County Building, Fort Wayne 

Indiana, on_, the_._day of 

_, 19_, at _ o'clock .M.,E.S 




SANDRA e ’ ^KENNEDY, CITY CLERK 


Read the third fa ime i n full and on motion by . 
seconded by_ , _, and duly adopted" 


passage. PASSED 


by the following vote: 


Jte^pla^id) < 


TOTAL VOTES 


AYES 


ABSTAINED 


GiaQUINTA 

HENRY 

REDD 

SCHMIDT 


DATE: 




SANDRA E. KENNEDY, CITY CLERK 

Passed and adopted by the Common Council of the City of Fort 

Wayne, Indiana, as ^(ANNEXATTONl-tARPROPRXAT-IQN)_(GENERAL^ 

(SPECIAL) (.ZONIN G M A P) ORDINANCE (RESOLUTION) NO. 

on the __day of__/ 19 , 


(SEAL) 


/ 


DING 






SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, 
on the _ c2 d ay of &- €. _, 19 ^ , 


at the hour of 




o'clock 


_.M.,E.S.T. 

£ 




SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this _^£_^ a y of_ 




19 / Y , at the hour of 










. M. , E . S . T . 


* » 


±£ 


WIN MOSES, JR., MAYOR 












































































BILL NO. S-84-08-18 __ 

REPORT OF THE COMMITTEE ON CITY UTILITIES _ 

WE, YOUR COMMITTEE ON CITY UTILITIES _TO WHOM WAS REFERRED AN 

ORDINANCE_ approving Change Order No. 1 (FINAL) on Res. #1030-83 , 

Morrell Drive Water, Main Extension, with All Star Construction 
Company in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANC E ^ . -P-Q PASS. 

THOMAS C. HENRY, CHAIRMAN 
MARK: E. GiaQUINTA, VICE CHAIRMAN 


CHARLES B. REDD 



JAMES S. STIER 


DONALD J. SCHMIDT 



































Change Order No. 1 (FINAL) __ 

Project No. - , 

Name of Project MORRELL DRIVE WATER MAIN EXTE NSION 

To: EDWARD F. FOSS, PRESIDENT, ALL STAR CONSTRUCTION 
(Contractor) 


Resolution No. 1030-83 
Board Order No. 61-83 
Date AUGUST 2, T9S3- 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 
and specifications: v 


Item 

Descriotion of Change 


Change in r.onrrarr 

No. 

Ouantitv 

Description 

Unit Price 

Decrease 

Increase 

L 

«1 -T. V 

6" CL 50 D.I. WATER MAIN 

7.90 

481.90 


4 

24 L.F. 

STONE DRIVEWAY S PARKING REPLACEMENT 

2.00 


48.00 

5 

4 L.F. 

ASPHALT PAVEMENT REPLACEMENT 

11.00 

44.00 


6 

86 L.F. 

GRASS AREA RESTORATION 

1.00 

86.00 














Total Decrease 

Total Increase 

Net (Decrease) (I»CKrsas«) Contract Price 

611.90 



48.00 

563.90 



The sum of S 563.90_ is hereby ((deducted from) the total contract pri 

and -the final contract price shall be adjusted as follows: r 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price Including This Change Order 


$ 14,458.00 

$ -o- 

$ 13,894.10 


The time provided for completion in the contract for this project is (unchanged) 

(tooeesed^.by __ -fr- _ calendar days due to this Change Order. The date for completion 

Furthermore, this document shall become an 


shall be 


of all work 

amendment tc the contract and all provisions of the contract shall apply hereto. 


UNCHANGED 





Engineer) Date S-Z-S4 


(Contractor) Date 

! 5Nbi'RULxiUN -- -9 -- T 


^Date 


Attested by: 


— XWf ft'"' COLEI NS- 

—— 

CUSKt'Th K:, blMUN Q 


(Chn. Ed. of Works ) Date - j? 

" 1 ( 
(Member Bd . of Works) Date 'J > — f 


HELEN V. GOCHENOUR 


(Member Bd. of Works) 

(Clerk) Dat e ft ~ fry 




























































Resolution No. 1030-83 


Board Order No. 61-83 
REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for change: ITEM 1 DECREASED SO AS NOT TO CROSS I & M EASEMENT. 

ITEM 4 INCREASED TO REFLECT ADDITIONAL PARKING AREA. 

ITEM 5 DECREASED AS TO REFLECT LOCATION OF EXISTING MAIN TIED INTO. 

ITEM 6 DECREASED WHICH REFLECTS CHANGES IN ITEMS 1, 4 & 5. 


Will proposed change alter size of the project? Yes__ No_ 

If yes, explain 


■'Effect on operation and maintenance cost of this project: 

“NONE ' 



ASST. CHIEF WATER ENGINEER 
































<W5- 7 


Admn. Appr. 

TITLE OF ORDINANCE Change Order #1 (FINAL) Morrell Drive Water Main P oe #1030-83 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Change Order #1 (FINAL) Morrell Drive Hater Main, Res #1030-83 
js necessary because Item 1 is decreased so as not to cross I & M easem ent. 

te m 4 increased to reflect additional parking area. Item 5 decreased as to reflect 
location of existing main tied into. Item 6 decreased which reflects changes in items 
1, 4 & 5. All Star Construction is the Contractor. 


EFFECT OF PASSAGE Will not affect operation & maintenance cost of this project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $ 563 - 90 


ASSIGNED TO COMMITTEE 

























































